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BILL NO. B- 86412 07 


SPECIAL ORDINANCE NO. S- / CHC 


AN ORDINANCE approving Change Order 
No. 1 for Wallen Road/Coldwater 

Rd. Offsite - Water Contract 86-XP-4, 
with Scheidleman Excavating, Inc., 

in connection with the Board of 
Public Works and Safety of the 

City of Fort Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 





OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 for Wallen Road/Cold- 
water Rd. Offsite - Water Contract 86-XP-4, with Scheidleman 
Excavating, Inc., in connection with the Board of Public Works 
and Safety, for: 

this Change Order is necessary 
because bore of water main under 
Coldwater Road was added as per 
requirement of Allen County High- 


way Department after bidding; 


involving a net increase of Ten Thousand Nine Hundred Eight and 





15/100 Dollars ($10,908.15), all as more particularly set forth 
in the specifications, and which is on file with the Office of 
the Board of Public Works and Safety and is by reference incorporated 
herein, made a part hereof, and is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


P 


approval by the Mayor. 





Cilmember 


APPROVED AS TO FORM 
AND LEGALITY 


Le 


Bruce O. Boxbeéerger, 






City Attorney 


a! 


time in full and on m tion (eat 


, and- duly A0D590 ead tne second tim: 
Oo tne Committee 
Pian SA ENN 2 eerobelote penbiey aE stare Pudl, 
due leqal noti 


Read 
seconded by 














(and the Ci? 
G tO 26 held oste? 
y Building, Fort Way: 






































Indiana, ay woOf 
sien, D 
SANDRA E. KENNEDY, CITY CLERK 
Read the third SIE full and on motion by ieee 
seconded by CEL? , and duly adopted, placed on its 
passage. PASSED (BOSP) by the following vote: 
AYES NAYS ABSTAINED ABSENT TO>WIT: 
TOTAL VOTES F / 
BRADBURY TaN 
BURNS cate 
EISBART | ar Sates 
GiaQUINTA ee 
HENRY ace 
See Tee ES pa eel E 
Cc 
REDD ; 
SCHMIDT j 
C : A 
STIER 
a" 
TALARTICO 


DATE: PE OE AD, 18 aoe Pou clean > 


SANDRA E. KENNEDY, CITY CLERK 





Passed and adopted by the Common Council of the City “of Fort 


Wayne, Indiana, as (ANNEXATION)— (APPROPRIATION) ae 

(SPECIAL) (ZONING MAP) ORDINANCE RESOLUTION) NO. bf Aeda 

on the leas ae day of Allee wipe YS ae ee Ee 
Se eS Cs ee ET RE ihe. es ee shah 


ATTEST: 


SANDRA E. KENNEDY, CITY CLERK 


(SEAL) . 


PRESIDING OF ICER 









Presented by me to the leror of the City of. Fort Wayne, Indiana, 


on the REX day of SEEPS OS i 19 <3 


at the hour of / a © o'clock 











SANDRA E. KENNEDY, CITY CLE 


Approved and signed by me this age day of Mites Pe | 
, ET oe, 
19 g G euat. the hourwof 1 e fo Clock ZA -M.,E.S.T. 


Wy 
JR., MAYOR 






WIN MOSES, 


On < etre k 





; ; a Ll CCARIGE ORDER | Contract No. © 86-XP-4 
Changé Order No. Fa s er 3 Kesolution=No. 2 = 
Project No. niet Board Order No. 140-86 $ 
Name of Project WALLEN ROAD/COLDWATER RD. OFFSITE Date __NOVEMBER 18, 1986. 
To:. SCHEIDLEMAN EXCAVATING, INC. 72-4-/2 

(Contractor) 
“Ol 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: © 









Teeni u ae o Description of Change | | Change in Contract Price 
No. | Quantit Description Unit Price Decrease Increase 


24" CASING PIPE, .469 THICKNESS 198.32 - 10,907.60 









Total Decrease 


Total Increase 10,907.60 





Net Berres) (Increase) Contract Price 10,907.60 
The sum of $ 10,908.15 is hereby (added to) (cecmuesedxfxea the total contract pric 
and the final contract price shall be adjusted as follows: is 
Original Contract Price $89; 271.50 
Current Contract Price Adjusted by Previous Change Order S199 7271.50 
New Contract Price Including This Change Order $ 100,179.10 


The time provided for completion in the contract for this project is (unchanged) Géinemeased) 
{dexxeaesed) by --- calendar days due to this Change Order. The date for completion 
of all work shall be same. . Furthermore, this document shall become an 


amendment to the cont LOL. of the contract shall apply hereto. 
Recommended ae pee: Water Engineer) Date [/-1 F386 
Accepted bee EAI At LORS, Z TFF A $ (Contractor) Date 


Approved by: - (Director of Water Resources)pate 


Date H. gA -ES 


A PS 


pe I le 









~ Bd. of Works) 







Approved b 





Nember Bd. of Works) 






(Member Bd. of Works) 





Attested by: (Clerk) 


Change Order No. 1 


Resolution No. JA 





Board Order No. 140-86 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: BORE OF WATER MAIN UNDER COLDWATER ROAD WAS ADDED AS PER 


REQUIREMENT OF ALLEN COUNTY HIGHWAY DEPARTMENT AFTER BIDDING. 


Will proposed change alter size of the project? Yes No _ X 


If yes, explain 


Affect on operation and maintenance cost of this project: ~ 


NONE 











SERED ihe tiers Junior Engineer 





en fn e 


Admn. Anor.. sy 
‘TITLE OF ORDINANCE Change Order #1 for Wallen Road/Coldwater Rd. Offsite, Water 
RDINAN Mer a Atk A a RS WB Se ie | 


DEPARTMENT REQUESTING ORDINANCE BOard of Public Works & Safety 





SYNOPSIS OF ORDINANCE Change Order #1 for Wallen/Coldwater Rd. Offsite, Water Contract 


86-XP-4 is necessary because bore of water main under Coldwater Road was added as per 
way 
requirement of Allen County High/Department after bidding. Scheidleman Excavatin 


is the contractor. 




































EFFECT OF PASSAGE To facilitate completion of project. 








EFFECT OF NON-PASSAGE 





ee ee ee SSSFSSSsSSSSSSSSSSSSSSSsSMSSsFsFeFeFeFeFsSSSFMSsSsFeFsseF 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $10,908.15 Increase 


e n naaa a ES 


ASSIGNED TO COMMITTEE 
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BILL NO. S-56—o—09 


REPORT OF THE COMMITTEE ON CITY UTILITIES 
WE, YOUR COMMITTEE ON CITY UTILITIES i TO WHOM WAS 
PAS Men eta: AE e A A pe E 


REFERRED AN (ORDINANCE) (RESORUTHEN) _approving Change Order i 


——No. l for Wallen Road/Coldwater Rd. Offsite - Water Contract 
-——the Board of Public Works and Safety of the City of Fort Wayne 
ORE anaua eke RS me gs 

ee he Ne ee ee i S 
FLAS ae EES Lew Oe SA ee ae CS 








a nner et sc E RET eft pa na inlet ee 
B RAG I 2g A corre, pecan acm rie a Ne SIRI Vie fp eee te 
HAVE HAD SAID (ORDINANCE) (RESOLU UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 











(RESOKYRKGNK 
NO 
PAUL M. BURNS 
CHAIRMAN 
THOMAS C. HENRY i 
VICE CHAIRMAN 


BEN A. EISBART 


JAMES S. STIER 





MARK E. GiaQUINTA 








Sy SANDRA E. KENNEDY 
CITY CLERK 


